DECLARATORY 

Imp]aaQ£iBiBiB[t  Res,  No.  109^-1963 * 


For  the  Opening  of  a fourteen  (II4.)  foot 
wide  alley  north  of  Lower  Huntington  Road 
from  the  west  property  line  of  Bradbury 
Avenue  to  the  east  property  line  of  the 
first  alley  west  of  Bradbury  Avenue* 


Resolution  Adopted: 

Feb,._20^963 

Confirmed: 

March  21,  I963 

Bids  Received: 


Contract  Awarded:  • 


Contract  and  Bond: 


Contractor: 


Reported  Completed: 


Assessment  Roll  Confirmed: 

I June  27*  1963 


B,0.  22-»63 


DECLAEATORT  RESOLUTION  NO.  1095-1963 

For  the  Opening  of  a fourtoon  (lU)  foot  wide  alio/ 
north  of  Lower  Huntington  Road  from  the  west 
property  line  of  Bradbiuy  Aronue  to  the  east 
property  line  of  the  first  alley  wesi^  of  Bradbury  Avenue* 


PLANS  ORDERED: 

ADOPTED:  F*.  20,  1963 

ADVERTISE  NOTICE  TO  PROPERTY  OWNERS:  Feb.  28  &.  March  7,  1963 

HEARING  ON  CONFIRMATION:  Thurs.,  March  21,  1963  3»30  p.  m* 

March  21,  1963 
March  21,  1963 
May  29,  1963 


CONFIRMED: 

ASSESSMENT  ROLL  ORDERED: 
ASSESSMENT  ROLL  APPROVED: 


HEARING  ON  CONFIRMATION 

OF  ASSESSMENT  ROLL:  Tiiurs.,  June  27,  1963,  3:30  p.  ra. 


NOTICE  SERVED: 


June  lii,  1963 


ASSESSMENT  ROLL  CONFIRMED:  27,  1963 


3 


DECLARATORY  RESOLUTION  No- 


10  9 5 


19  63 


For  the  Opening  a1  nn 

(14)  foot  wide  alley  north  of  Lower  Huntington 
of  Sradbury  Avenue  to  the  east  property  line  of 
Bradbury  Avenue. 


the  ^Irst  alley  west  of 


Resolved  by  the  Board  of  Public  Works  of  the  City  of  Fort  Wayne,  Indiana,  that  it  is  desired  and  deemed 

necessary  to  open  a fourteen  ( 14)  foot  wide  alley  north  of  Lower  Huntington  Road 
from  the  west  property  line  of  Bradbury  Avenue  to  the  east  property  line  of 
the  first  alley  west  of  Bradbury  Avenue . 


All  as  shown  by  a plan  of  such  proposed  Opening —tfaadaaaaatinn  of  rigMi 

^MipMa^as  above  described,  now  on  file  in  the  Office  of  the  Department  of  Public  Works  of  the  City  of 
Fort  Wayne,  Indiana  The  opening  of  said  alley  as  above  described  is  to  be  made  by 
condemning  and  appropriating  for  alley  purposes  the  north  fourteen  (l4)  feet  of 
Lot  No.  72,  Elzey's  3rd  Addition. 

The  cost  of  said«itaaatiaa— Opening— inf  •niBji—tafcJitilitp.ipuBpafiafc. shall  be  as- 
sessed against  the  property  beneficially  affected  thereby. 


The  property  which  may  be  injuriously  or  beneficially  affected  by  such  Opening 

described  as  follows:  Lot  No. 72 , Elzey's  3rd 

Addition.  Said  addition  inclusive  to  the  City  of  Fort  Wayne,  Indiana. 


All  according  to  the  method  and  marmer  provided  for  in  an  act  of  the  General  Assembly  of  the  State  of 
Indiana,  entitled  “An  Act  Concerning  Mvmicipal  Corporations”,  as  approved  March  6,  1905  and  the  provi- 
sions of  all  acts  amendatory  thereto  and  supplemental  thereof,  including  the  right  to  bond  assessments  as 
in  said  law  ordered. 


Assessments  if  deferred  are  to  be  paid  in  ten  equal  installments  with  interest  at  the  rate  of  five  (5)  % 
per  annum.  Under  no  circumstances  shall  the  City  of  Fort  Wayne,  Indiana  be  or  be  held  responsible  for 
any  sum  or  sums  due  from  the  said  property  owner  or  owners,  or  for  the  payment  of  any  bond  or  bonds, 
except  for  such  moneys  as  shall  have  been  actually  received  by  the  City  from  the  assessments  for  such 
property  damages  as  said  City  is  by  said  above  entitled  act  required  to  pay.  All  proceedings  had  in  the  making 
of  said  improvement,  assessment  of  property,  collection  of  assessments  and  issuance  of  bonds  therefor, 
shall  be  as  provided  for  in  said  above  entitled  act  and  all  amendments  thereto  and  supplements  thereof. 


le  above  described 
City  of  Fort  Wayne,  Inaiana,"^ 

electric  pole  lines  and  conduits,  telephone  ^ 


shall  be  subject  to  an  easement 


All  Street^  lots  and  lands  affected  by  the  above  described  opening  are  situated  in  the  south 
one-half  of  Section  Twenty  Eignt,  Township  30  north.  Range  12  E?st  and  lie  wholly 
within  the  corporate  limits  of  the  City  of  Fort  Wayne,  Indiana. 


ADOPTED  THIS  

AUe.st: 

Secretary  Board  of  Public  Work.« 


DAY 


Board  of  Public  Works. 


1095 


ENGINEERING 
DEPT.  OF  STREETS 


. y. 


DATE 


February  19,  1963 


TO; 


BOARD  OF  PUBLIC  WORKS 


Noteq 


Q P.FR. 


SUBJECT: 


R. 


n a 


Q a w; 


Declaratory  Resolution  1095-1963,  which  provides  for  the  opening  of  Date 
an  alley  in  connection  with  the  vacation  of  alleys  under  Declaratory 
Resolutions  1096  and  1097,  is  completed  and  attached. 

Drawing  and  property  ownership  list  are  also  attached. 

Please  advise  this  office  what  Board  Order  number  is  assigned  to  this 


attach. 

cc:  Mayor  Burns 


BOARD  OF  PUBUC  WORKS 


B.O.  22-«63  Date  March  21.  1963 


To  City  Engineer 

Suhjaet  Dec.  1095-1963  Opening  alley  north  of  Lower  Huntington  Rd, 

Prepare  Assessment  Roll  of  Benefits  $1,00  and  Damages  $1,00. 


Paul  F.  Roembke 
C.  L,  Sidle 
Berkeley  Ward 
BOARD  OF  PUBLIC  WORKS 

ic 

attach  Res.  & P.  0.  List 
cc:  Mayor  Burns 


Signed 


Reply: 

May  27,  1963 

Assessment  roll  of  benefits  and  damages  completed  and  attached. 


Signed. 


SENDER:  REMOVE  & KEEP  3RD  COPY  - RECEIVER:  ANSWER  & KEEP  2ND  COPY  - RETURN  1ST  COPY 


uwr?-! 

B.0,  22-»63  M«rch  21,  1963 

City  EngiMMir 

Deo.  1095«1963  Gpenlng  *U«y  north  of  Lover  Ibmtiiigton  Rd. 


iveipars  Assosxnonz  ivolX  of  Binefite  11.00  luid  Diunages  ^.00. 


Peul  F.  Ho«3fetce 
C.  la.  Sidle 
BK^celey  Wani 

6f  wfejn-  ' 

io 

attach  Rm.  & P.  0.  Llat 
001  Mayor  Sums 


(!liiy  nf  ^urt  ^ayne 


Office  Of 

City  Plan  Commission 


425  South  Calhoun  Stpeet 


FORT  WAYNE.  INDIANA 


January  15,  1963 


Mr.  Donald  Bodeker 
Office  Engineer 
City  Engineers  Office 

Dear  Mr.  Bodeker: 

Re:  Proposed  vacation  of  the  first  alley  west  of  Bradbury  Avenue  from  a 

point  1400  feet  south  of  the  north  property  line  of  Lot  72,  Elzey's  Third 
Addition  to  the  southerly  property  line  of  the  first  alley  north  of  Lower 
Huntington  Road.  Also,  the  vacation  of  the  first  alley  north  of  Lower 
Huntington  Road  from  the  west  property  line  of  Bradbury  Avenue  to  the  east 
property  line  of  the  first  alley  west  of  Bradbury  Avenue. 

We  have  no  objection  to  the  proposed  vacations,  since  the  petitioner  owns 
Lots  72  through  75  and  has  agreed  to  the  dedication  of  a 14-foot  alley 
along  the  north  edge  of  Lot  72  for  the  following  reasons: 

1.  The  vacation  of  this  alley  would  permit  the  properties  owned  by 
the  petitioner  to  be  tied  together  and  utilized  as  one  tract. 

2.  If  the  petitioner  dedicates  and  establishes  an  alley  across  the 
north  14  feet  of  Lot  72,  he  will  be  providing  for  the  same 
traffic  circulation  and  access  to  the  rear  of  the  properties  as 
now  exists. 

3.  The  proposed  vacation  would  eliminate  over  100  feet  of  alley  to 
be  maintained  by  the  city  but  yet  would  still  serve  the  same 
function. 


Sincerely 


CITY  PLAN  COMMISSION 


/ 


William  J.  Jon^s 
Planning  Dii^t^r 


WJJ:mo 


1095 


cc:  Mayor  Paul  M.  Bums 

File 


NOTICE  OF  IMPROVEMENT 


OFFICE  BOARD  OF  PX^JLIC  WORKS 


Fort  Wayne,  Indiana, 


March  8 , 1963 


1095 


To. 


You  are  hereby  notified  that  the  Board  of  Public  Works,  of  the  City  of  Fort  Wayne,  Indiana,  did 
Declaratory 

pass  Improvemen  1/Resolution  No r 

providing  for  the  opening  of  a fourteen  (14)  foot  wide  alley  north  of  Lower  Huntington 

Road  from  the  west  property  line  of  Bradbury  Avenue  to  the  east  property  line  of  the 

first  alley  west  of  Bradbury  Avenue. 


All  work  to  be  done  under  aforementioned  Improvement  Resolution  shall  be  in  accordance  with  the  de- 
tailed plans,  profile  and  specifications  which  are  now  on  file  and  may  he  seen  in  the  office  of  the  Board 
of  Public  Works. 

The  Board  has  fixed 

a date  and  time  when  they  will  hear  and  consider  objections  or  remonstrances  from  all  persons  whose 
propery  will  be  affected  by  the  proposed  improvement. 

You  are  hereby  notified  that 


Elzey’s  3rd  Addition 


is  subject  to  assessment  for  said  proposed  improvement  under  the  Improvement  Laws  passed  by  the  Gen- 
eral Assembly  of  the  State  of  Indiana,  March  6,  1905,  and  under  all  acts  amendatory  thereto  and  supple- 
mental thereof. 


BOARD  OF  PUBLIC  WORKS 


the  opening  of  3 fourteen  (14)  foot  wide  alley  north  of  Lower  Huntington  Road  from  the 


CDs.C.LA'R.ATojs.y  ^ 1 A n E-  X1 

Resolution  No.-^  ^ ^ o /^g^^For 


1095 


TOTAL 


4 


y 


A 


•V 


' / 


t. 


